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BILL NO. S-82-04- 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order No. 3 
for 5902-81, Nebraska Neighborhood Phase VI 
in connection with the Board of Public Works 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 for 5902-81, Nebraska 
Neighborhood Phase VI to Rieth-Riely Construction Co., Inc., 
in connection with the Board of Public Works, for: 


the construction of new walks on private 
property as part of the project to prevent 
water drainage, 


in the amount of $3,460.64, as set out in the specifications, 
which are on file in the Office of the Board of Public Works 
and are by reference incorporated herein and made a part hereof 
be and the same is in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor 



APPROVED AS TO FORM AND 
LEGALITY APRIL 23, 1982 












Read the firs 
seconded by 


irst/time in full and on motion by_ 
_, and du^. 


_ - u ^0 adopted, rea*3 th£ secdnd time 

by title and referred to the Committee f_T (and the City 

Plan Commission for recom mendation) and Pub lic Hearing to be he/d after 

jit dirhg. Fort Wayne, 
_day of 


due legal notice, 
Indiana, on 




'Council Chambers, Ctty -€ounty 
the 


19 




at 


o 1 clock 


_.M.,E.S.T. 


A'Utt 

CHARLES W. WESTERMAN - CITY CLERK 


seconded by , and duly adbtfted, placed oA its 

passage. PASSED (LOS^H^ by the following vote: 

AYES NAYS ABSTAINED ABSENT TO-WIT: 

TOTAL VOTES ^ & / 

BRADBURY 



BURNS 

_ 

/I _ 


EISBART 



GiaQUINTA 

_ 

ik 


NUCKOLS 


K 

SCHMIDT 



SCHOMBURG 

_ 

2L. _ 


STIER 

£Y 


TALARICO 



DATE: 

_ 



CHARLES W. WESTERMAN - CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as ( ZONING MAP) _(GENERAL)_(ANNEXATION- (SBECIAL) 

:(AEERQP RIATIG N) ORDINANCE (RES OLUTIO N )-~-N0. ^y~ 

on the 




_day of_ 


19 


JUJ . 


ATTEST: (SEAL^ - 


CHARLES W. WESTERMAN - CITY CLERK 
Presented by me to the Mayor 
the_ /op d ay of 


: 


o 1 clock 


PRESIDING OFFICER 
the City of Fort Wayne, Indiana, on 
3.9 , at the hour of 


.M.,E.S.T. 


Approved and signed by me this 
19 _ at the hour of_^_o'clock 


CHARLES W. WESTERMAN - CITY CLERK 

\ ~Vt k d ay of_ 


of Tvio-g 

r>E.S.T. vJ 


















































































S-8 2-04-26 


BILL NO. 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON Public Works _ T0 WH OM WAS REFERRED AN 

ORDINANCE approving Change Order No. 3 for 5902-81, Nebraska 

Neighborhood'Phase VI in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE }) f) _PASS. 






























EXPLICATE 


CHANGE OP.PER 


77' 22a - /A 


Change Order No. 
Project No- 
Name of Project 


3 


Nebraska Neighborhood Phase VI 


Resolution No. 5902-81 _ 

Board Order No . 135-80 
Date Jan. 20, 1982 


/ 

/ 


j 0 . Rieth-Riley Construction Co., Inc. 

(Contractor) 


Gentlemen: 


You are hereby requested to comply v/iih the following changes from the contract plans and 
specifications: 


Item 
No - 

Ouantitv 

Descriotion of Chanqe 

Unit Price 

Chanqe in Contract Price 

Material 

Decrease 

Increase 

1 . 

233 S.Y. 

Concrete Removal 

3.00 


690.00 







2. 

2046.66 






S.F. 

4" Walk 

1.35 


2761.64 





































Total Decrease 

Total Increase 

Net (S¥S¥®SS&) (Increase) Contract Price 




3460.64 


3460.64 


The sum of $ 3460.64 _ is hereby (added to) (dsdiaE±3exk>£c4MR) the total contract 

price, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 111,394.20 

Current Contract Price Adjusted by .Previous Change Order $ 126,664.70 __ 

New Contract Price Including this Change Order 5 130,125.34 _ 


ihe time provided for completion in the contract for this project is (unchanged) ( mDQaaK®d) 
by 0 calendar days due to this Change Order. The date for completion 

of all work shall be No Change _ ~ Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended 
Accepted by: 
Approved by: 
Approved by: 


Attested by: 


by: '/ft, ; r 

7 ■ Ct/k, 


(Chief Street Er.cineex) Date 


(Contractor) Date 


(Director of Transportation) 

(^tyxgxaropgggQ Date 


£3h Date 







4 / 22/3 2 . 

2 ^ 22 - 1 * 1 


*/y lA 























































Change Order No. 3 

Resolution No- 5902-81 

Board Order No. 135-8o 


REQUEST AND JUSTIFICATION FOR CKA-ftfe 


Necessity for change: Because of the construction of new curbs on Perry St., the 

public sidewalk had to be raised for drainage purposes. This necessitated constructing 

new walks on private property as part of the project to prevent water drainage problem. 


Will proposed change alter size of the project? Yes_ No _X_ 

If yes, explain: _ 


Affect on operation and maintenance cost of this project: This new walk is on private 

property and, -therefore, is to be maintained by the property owner. 


Richard Knappenberger, Pfoject 


Pfoject 




Engineer 






























TITLE OF ORDINANCE Change Order #3, Res . 5902-81,' Nebraska Neighborhood Phase VI - 
DEPARTMENT REQUESTING ORDINANC E Board of Public Works _ ^ 


SYNOPSIS OF ORDINANCE_ Because of the construction of new curbs on Perry St., the 

public widewalk had to be raised for drainage purposes. THis necessitated constructing 

new walks oh private property as part of the proj ect' to pr event- water drainage 
problem. Rieth-Riely Construction Co., Inc, is the contractor. 


EFFECT OF PASSAGE continuation of Nebraska Neighborhood project. 


EFFECT OF NON-PASSAGE project cannot be completed 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $3460.64 


ASSIGNED TO COMMITTEE 





















































